5/8/2019 


City of Los Angeles Mail - Fwd: Lamposts/Santa Monica-Vermont/ Vermonica 



Megan Hackney <megan.hackney@lacity.org> 


Fwd: Lamposts/Santa Monica-Vermont/Vermonica 

1 message 


Norma Isahakian <norma.isahakian@lacity.org> Wed, Nov 29, 2017 at 3:27 PM 

To: Megan Hackney <megan.hackney@lacity.org> 


-Forwarded message- 

From: Kerney Marine <kerney.marine@lacity.org> 

Date: Wed, Nov 29, 2017 at 1:01 PM 

Subject: Fwd: Lamposts/Santa Monica-Vermont/Vermonica 

To: NORMA ISAHAKIAN <NORMA.ISAHAKIAN@lacity.org> 


Sent from my iPhone 
Begin forwarded message: 


From: Jeremy Weinstein <jweinstein@nsbinc.com> 

Date: November 16, 2017 at 11:28:53 AM PST 
To: Kerney Marine <kerney.marine@lacity.org> 

Cc: Glenn Freeman <gfreeman@nsbinc.com>, Jeff Ziliotto <jeff.ziliotto@lacity.org> 

Subject: RE: Lamposts/Santa Monica-Vermont/Vermonica 


Thank you so much! 


From: Kerney Marine [mailto:kerney.marine@lacity.org] 
Sent: Thursday, November 16, 2017 10:40 AM 
To: Jeremy Weinstein 
Cc: Glenn Freeman; Jeff Ziliotto 

Subject: Re: Lamposts/Santa Monica-Vermont/ Vermonica 


No problem. 


We'll fill with soil & a top layer of asphalt. 


On Wed, Nov 15, 2017 at 3:37 PM, Jeremy Weinstein <jweinstein@nsbinc.com> wrote: 

We would really appreciate if you can fill the areas with Asphalt after you remove the light posts. 


Thank you! 


https://mail.google.com/mail/u/0?ik=08da7b179d&view=pt&search=all&permthid=thread-f%3A1585444850062850724%7Cmsg-f%3A1585444850062... 1/5 




5/8/2019 


Jeremy 


City of Los Angeles Mail - Fwd: Lamposts/Santa Monica-Vermont/ Vermonica 


From: Kerney Marine [mailto:kerney.marine@lacity.org] 
Sent: Tuesday, November 14, 2017 3:38 PM 
To: Jeremy Weinstein; Glenn Freeman; Jeff Ziliotto 
Subject: Fwd: Lamposts/Santa Monica-Vermont/Vermonica 


Jeremy, 


See below. 


Once the poles are removed, there will be holes/trench at each location. 

Let us know if your contractor will take care of this or if you'd like asphalt or other material poured into the 
holes. 

thanks 


-Forwarded message- 

From: Jeff Ziliotto <jeff.ziliotto@lacity.org> 

Date: Tue, Nov 14, 2017 at 3:25 PM 

Subject: Re: Lamposts/Santa Monica-Vermont/ Vermonica 

To: Kerney Marine <kerney.marine@lacity.org> 

Cc: Johnny Gonzalez <johnny.gonzalez@lacity.org>, James Masud <james.masud@lacity.org> 
Hello Kerney, 


1. What time will you actually start removing poles? - We will start breaking out the grouts 
approximately 7:15 a.m. and removing the center large poles right after that. 


2. What will be left? (cut anchors flush & fill in the holes?) - We will have the bolts cut off or torched 
off, except for the location where the power is fed to where we will bolt down a cone. 


3. Where does the existing power for the system come from? - A breaker panel in the common area 
where the other panels are located. It has the Inter-matic switch. 


4. Has this been paid by the private property owner? - Unknown. 


Thanks, 

Jeff 
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5/8/2019 


City of Los Angeles Mail - Fwd: Lamposts/Santa Monica-Vermont/ Vermonica 
On Tue, Nov 14, 2017 at 3:16 PM, Kerney Marine <kerney.marine@lacity.org> wrote: 

Jeff, 

Spoke to Jeremy Weinstein about Friday. 

Few questions. 

What time will you actually start removing poles? 

What will be left? (cut anchors flush & fill in the holes?) 

Where does the existing power for the system come from? 

Has this been paid by the private property owner? 

Thanks 

On Tue, Nov 14, 2017 at 11:14 AM, Kerney Marine <kerney.marine@lacity.org> wrote: 

Hi Glenn, Jeremy, 

Glenn, I just left you a vm. 

Our crews plan on removing all of the poles from the Vermonica site this Friday, November 17, 2017. 

They will mobilize predawn and should have all poles removed before noon. 

Let me know if you have any concerns with this, asap. 

Thanks 

Kerney R. Marine. Jr. 

Senior Engineering Manager 
Bureau of Street Lighting 
City of Los Angeles 

(213) 847-1484 


On Wed, Oct 18, 2017 at 9:28 AM, Jeremy Weinstein <jweinstein@nsbinc.com> wrote: 
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City of Los Angeles Mail - Fwd: Lamposts/Santa Monica-Vermont/ Vermonica 


If you can remove the two light posts closest to the Staples front door soon, we can address the 
foundations of those two. Let me know how soon you can remove those two. 


Then, we can coordinate the removal of the balance of the light posts before Christmas. 


Jeremy Weinstein 
Westport Realty Inc. 

433 N. Camden Drive, Suite 820 
Beverly Hills, CA 90210 

Tel -(310)550-1570x230 
Fax -(310) 550-1826 


From: Kerney Marine [mailto:kerney.marine@lacity.org] 
Sent: Wednesday, October 18, 2017 9:24 AM 
To: Glenn Freeman 
Cc: Jeremy Weinstein 

Subject: Re: Lamposts/Santa Monica-Vermont/ Vermonica 


Do you need us to just remove the lamp post and not the foundations? 
We could take those two down pretty soon. 


We're planning to get the others out before Christmas. 


Let me know when you'd like the 1st two out. 


Thanks 


Kernev R. Marine . Jr. 

Senior Engineering Manager 
Bureau of Street Lighting 
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City of Los Angeles Mail - Fwd: Lamposts/Santa Monica-Vermont/ Vermonica 


City of Los Angeles 
( 213 ) 359-1953 


On Tue, Oct 17, 2017 at 4:25 PM, Glenn Freeman <gfreeman@nsbinc.com> wrote: 
Hi Kerney 


Seems there is a little more urgency with removing the lampposts than I thought due to ADA required work 
at the Center. Specifically, it involves the two lampposts closest to Staples where there will be a new path of 
travel. So, it would be helpful to know when you plan to remove the posts and if it is not happening in the 
next few weeks is it possible to remove just those two posts sooner than later? 


I have copied our property manager Jeremy Weinstein. 


Thank you 
Glenn 


Norma Isahakian 
Assistant Director 
Bureau of Street Lighting 
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